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A  PUBLIC  IMPROVEMENTS  PROGRAM  FOR  LAURINBURG 

Laurinburg's  I960  municipal  budget  exceeds  -^800,000.00  a  year. 
With  the  city  experiencing  increasing  demands  for  municipal  facili- 
ties and  services,  in  a  period  of  rising  prices,  a  million  dollar 
budget  is  not  too  far  in  the  city's  future, 

Laurinburg,  in  the  same  prudent  manner  of  any  successful,  large 
business,  utilizes  long-range  planning  to  determine  future  public  im- 
provements. The  City  Planning  Commission,  with  the  assistance  of  the 
Department  of  Conservation  and  Development  and  municipal  officials, 
has  prepared  a  Future  Land  Use  Plan,  Thoroughfare  Plan,  Community  Fa- 
cilities Plan  and  other  city  engineering  reports  and  studies.  Each 
of  these  studies  recommends  major  improvements  such  as  new  utilities, 
public  buildings,  streets  or  recreation  areas  that  are  necessary  for 
the  future  expansion  and  most  efficient  development  of  the  city. 

If  Laurinburg  is  going  to  carry  out  the  public  improvements  rec- 
ommended in  each  of  these  plans  and  studies,  it  will  be  necessary  to 
prepare  a  Public  Improvements  Program  in  which  all  proposed  projects 
will  be  assigned  priorities  and  scheduled  for  an  approximate  year  of 
development.  Programming  public  improvements  over  a  long  period  of 
time  means  that  new  facilities  and  expanded  services  will  be  provided 
in  a  planned  and  orderly  manner  with  due  consideration  given  to  the 
financial  resources  available.  The  Public  Improvements  Program  helps 
to  coordinate  the  needs  of  the  various  operating  departments  with  the 
growth  and  development  of  the  city.  To  the  city  council,  city  offi- 
cials and  individual  citizens,  it  provides  a  rational  method  of  timing 
improvements  and  a  basis  for  the  development  of  a  capital  budget  for 
the  city. 
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A  complete  operation  for  programming  public  improvements  involves 
two  specific  phases.  First,  the  preparation  of  a  priority  schedule  of 
all  improvements  for  a  twenty  year  period  in  the  Public  Improvements 
Program.  Second,  the  development  of  a  3  to  <   year  capital  budget  pro- 
gram enacted  by  the  city  council  as  an  ordinance  which  would  essentially 
correspond  to  the  priority  recommendation  of  the  Public  Improvements 
Program  and  in  addition,  provide  for  specific  financing  procedures  nec- 
essary to  instigate  the  recommendations. 

Public  improvements  programming  is  a  continuous  procedure.  Recom- 
mendations and  priorities  must  be  related  to  changing  financial  resources 
and  community  needs.  As  the  program  is  re-evaluated  year  after  year, 
priority  projects  reach  the  stage  of  actual  construction  and  new  proj- 
ects are  added.  The  Public  Improvements  Program  is  consistent  with  the 
fact  that  no  single  fixed  program  or  plan  can  ever  hope  to  provide  for 
all  time,  the  changing  needs  of  a  growing  community. 

This  report  identifies  all  the  major  public  improvement  projects 
recommended  for  Laurinburg's  streets,  parks,  fire  stations,  municipal 
buildings,  schools,  public  parking,  cemeteries  and  the  sanitary,  power, 
sewer  and  water  systems  for  the  next  twenty  years.  This  period  of  time 
is  identical  to  that  of  the  Future  Land  Use  Plan  and  Thoroughfare  Plan. 


PRIORITY  FOR  PUBLIC  IMPROVEMENTS  1961  -  1980 

1961 

Recommended  Priority  1  -  1961 

Improvement:  Construction  of  lighted  tennis  courts  in  Quinn  Marshall 
playground  area. 

Recommended  Priority  2  -  1961 

Improvement:  Construction  of  a  I4I6O  volt  power  feeder  line  to  increase 

the  carrying  capacity  of  the  present  Market  Street  power 

feeder. 

Recommended  Priority  3 . -  1961 

Improvement:  Construction  of  a  hl60  volt  line  to  the  College  lift  sta- 
tion to  serve  St.  Andrews  Presbyterian  College  and  future 
development  in  the  southern  sector  of  Laurinburg. 

Recommended  Priority  k   -  1961 

Improvement:  Resurfacing  of  streets  throughout  Laurinburg  to  seal  cracks 
in  present  paving. 

Recommended  Priority  S>  -  1961 

Improvement:  Addition  of  Cyclone  fencing  to  enlarge  present  public  works 
storage  area. 

Recommended  Priority  6  -  1961 

Improvement:  Construction  of  lighted  softball  field  in  Washington  Park 
playground . 

Recommended  Priority  7  -  1961 

Improvement:  Construction  of  U.  S.  Route  7h  Bypass. 

Reconmended  Priority  8  -  1961 

Improvement:  The  construction  of  a  fountain  in  Hillside  Memorial  Park  for 
beaut if ication  of  the  park. 

Recommended  Priority  9  -  1961 

Improvement:  The  construction  of  a  storm  sewer  to  drain  the  Washington  Park 
area. 

Recommended  Priority  10  -  1961 

Improvement:  Rebuild  power  line  loop  around  the  central  business  district 
area  and  step  up  voltage  from  I1I6O  volts  to  11^,000  volts. 

Recommended  Priority  11  -  1961 

Improvement:  The  purchase  of  a  billing  machine  for  the  light  department. 

Recommended  Priority  12  -  1961 

Improvement:  Rebuild  North  Main  power  line  to  meet  increased  demand. 

Recommended  Priority  13  -  1961 

Improvement:  Construction  of  a  new  armory  on  site  purchased  in  southwest 
Laurinburg. 
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1962 

Recommended  Priority  I  -  1962 

Improvement:  Construction  of  additional  warehouse  space  on  the  public  works 
warehouse. 

Recommended  Priority  2  -  1962 

Improvement:  Construction  of  an  addition  to  the  present  city  garage. 

Recommended  Priority  3  -  1962 

Improvement:  Installation  of  walks  in  city  parks. 

Recommended  Priority  h   -  1962 

Improvement:  Construction  of  a  new  fire  station  to  be  located  in  South 
Laurinburg. 

Recommended  Priority  5  -  1962 

Improvement:  Construction  of  a  deep  well  on  South  Main  Street. 

Recommended  Priority  6  -  1962 

Improvement:  Construction  of  a  sewage  treatment  plant  east  of  Laurinburg. 

Recommended  Priority  7  -  1962 

Improvement:  Purchase  of  electric  bookkeeping  machine  for  city  accountant. 

Recommended  Priority  8  -  1962 

Improvement:  Rebuilding  of  Church  Street  power  feeders. 

Recommended  Priority  9  -  1962 

Improvement:  Rebuilding  power  line  from  Biggs  Street  south. 

1963 

Recommended  Priority  1  -  1963 

Improvement:  Construction  of  a  lighted  softball  field  on  Quinn  Marshall 
playground . 

Recommended  Priority  2  -  1963 

Improvement:  Rebuild  power  line  on  Lee's  Mill  Road  to  the  end  of  the  existing 
line. 

Recommended  Priority  3  -  1963 

Improvement:  Purchase  of  U   or  5  acre  park  in  southeast  Laurinburg. 

Recommended  Priority  h   -  1963 

Improvement:  Rebuild  power  line  on  North  Main  \  mile  north. 

Recommended  Priority  5  -  1963 

Improvement:  Rebuild  power  line  on  the  Aberdeen  Road  from  North  Main  to  dairy. 

Recommended  Priority  6  -  1963 

Improvement:  Extend  Bizzell  Street  eastward  to  Caledonia  Road. 
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Recommended  Priority  ?  -  1963 

Improvements  Widen,  improve  and  extend  Biggs  Street  from  Church  Street  to 
Eizzell  Street. 

Recommended  Priority  8  -  1963 

Improvement:  Improvement  of  Eizzell  Street  westward. 

Recommended  Priority  9  -  1963 

Improvement:  Extension  of  Biggs  Street  southward  to  the  Route  76  Bypass. 

Recommended  Priority  10  -  1963 

Improvement:  Extension  of  Cronly  Street  to  Biggs  Street. 

Recommended  Priority  11  -  1963 

Improvement:  Extension  of  Fairly-Roper  Street  to  Biggs  Street. 

1961i 

Recommended  Priority  1  -  196U 

Improvement:  Rebuild  power  line  on  McGirts  Bridge  Road  from  North  Main  to 
Lincoln  Road. 

Recommended  Priority  2  -  1961; 

Improvement:  Rebuild  power  line  on  Forth  Caledonia  Road  from  McKoy  Street 
to  Lincoln  Heights. 

Recommended  Priority  3  -  I96I1 

Improvement:  Rebuild  power  line  from  McKoy  Street  substation  to  Caledonia  Road, 

Recommended  Priority  h   -  196h 

Improvement:  Extension  of  Biggs  Street  northward  to  Routes  hOlA  and  501. 

Recommended  Priority  5  -  196U 

Improvement:  Installation  of  water  main  to  serve  new  areas  and  tie  in  with 

plans  to  circle  present  system  with  larger  main  around  Laurinburg. 

Recommended  Fr?'ority  6  -  196U 

Improvement:  Extension  of  Everett  Street  northward  to  Bizzell  Street. 

Recommended  Priority  7  -  1961j 

Improvement:  Extension  of  Crepe  Myrtle  Lane  to  Johns  Road. 

Recommended  Priority  8  -   1961; 

Improvement:  Rebuild  power  line  south  of  Caledonia  Road  from  McKoy  to  Vance 
and  Caledonia. 

Recommended  Priority  9  -  1961; 

Improvement:  Development  of  park  in  southeast  Laurinburg. 

Recommended  Priority  10  -  1961; 

Improvement:  Purchase  of  V~>   -  26  acre  site  for  new  high  school  in  west 
Laurinburg . 
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Recommended  Priority  11  -  1°6U 

Improvement:  Purchase  and  construction  of  a  municipal  parking  lot  m  tne 
central  business  district. 

1965 

Recommended  Priority  1  -  1965 

Improvement:  Construction  of  high  school  in  West  Launnburg. 

Recommended  Priority  2  -  196$ 

Improvement;  Purchase  and  construction  of  a  municipal  parking  lot  m  the 
central  business  district. 

Recommended  Priority  3  -  1965 

Improvement:  Purchase  of  h   or  5  acre  park  in  southwest  Launnburg. 

Recommended  Priority  h   -  1965  .  ^^ 

Improvement:  Purchase  of  10  acres  of  land  for  sanitary  landfill. 

Recommended  Priority  5  -  1965  ,  .., 

Improvement:  Installation  of  water  main  to  serve  new  areas  and  tie  in  with 

plans  to  circle  present  water  system  with  larger  mam  around 

Laurinburg. 

Sr^lSilLti^ofsewer  maln  from  Hall  Street  to  the  present 
sewer  disposal  plant  to  Stewartsville  Road. 

Recommended  Priority  7  -  1965  en   ,,Tiol!x   _- 

Improvement:   Installation  of  water  main  to  serve  new  areas  southwest  of 
Laurinburg  and  on  U.  S.   U01  and  15. 

^"ent^Snin/caledonia  Road  between  Covington  Street  and  Norton 
Road. 

^rSnt/conelrncLon'ofsanitary  sewer  to  serve  new  areaa  southwest  of 
Laurinburg  and  on  U.  S.   IiOl  and  15. 

^r:ment:PCo?or^  CoU^ty  building  with  reading  room     game  room  and 
improvement     ^^^  facilities  to  be  located  on  Lincoln  Heights  playground 

property. 

Recommended  Priority  11  -  1965 

Improvement:   Improvement  of  residential  street  lighting. 

S^ent/SSld  Jower'fine  in  Quinn  Marshall  section  of  Laurinburg. 
^r^ment'SbSld  poweAlne  in  Sunset  Drive  section  of  Laurinburg. 
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1966 

Recommended  Priority  1  -  1966 

Improvement:  Development  of  park  in  southwest  Laurinhurg. 

^ZementV—ion^'old  Laurinhurg  High  School  into  elementary  school. 

Recommended  Priority  3  -  1966 

Improvements  Construction  of  200,000  gallon  steel  water  tank. 

^^ment^oStrLtion'ofpipeline  and  raw  water  pumping  station  on  Shoe 
Heel  Creek. 

Recommended  Priority  £  -  1966 

Improvement:  Construction  of  water  treatment  plant. 

5SSSS.PSSS.6-  approximately  10  acres  of  land  for  a  new  Negro 

cemetery. 

1967 

Sr™tl£"Ln  of'ealtern  highway  belt  facility  through  East  Laurin- 
burg  to  Route  lh  Bypass. 

^"ent/Srcha^of  T-  15  acre  site  for  new  West  Laurinhurg  Elementary 
School. 

196P 

^ro^nt.'SSliion'ofweet  Laurinhurg  Elementary  School. 

5SSSS.  «5S4  Mcaxrts  Bridge  Road  to  Hillside  Avenue. 

Recommended  Priority  3  -  1968 

Improvement:  Site  development  of  new  Negro  cemetery. 

1969 

"men™  of  a  ^  or  5  acre  park  in  West  Laurinbur, 

Srement/p^haL^;  if-  1?  acre  site  for  a  new  Negro  elementary  school 
in  East  Laurinhurg. 
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1970 

Recommended  Priority  1  -  1970 

Improvement;  Extension  of  Covington  Street  eastward. 

Recommended  Priority  2  -  1970 

Improvement:  Construction  of  new  fire  station  m  North  Laurinburg. 

Recommended  Priority  3  -  1970 

Improvement;  Development  of  park  in  West  Laurinburg. 

Recommended  Priority  h  -   1970 

Improvement:  White  community  building  with  reading  room,  game  room  and 

kitchen  facilities  to  provide  a  center  for  youth  activities 
and  a  meeting  place  for  white  citizens  of  Laurinburg. 

Recommended  Priority  5  -  1970 

Improvement:  Construction  of  East  Laurinburg  Negro  Elementary  School. 

Recommended  Priority  6  -  1970 

Improvement:  Purchase  and  construction  of  a  municipal  parking  lot  in  the 
central  business  district. 

197U 

Recommended  Priority  1  -  197h  , 

Improvement:  Purchase  of  12  -  1<   acre  site  for  new  elementary  school  in 
Northwest  Laurinburg. 

1975 

Recommended  Priority  1  -  1975  „ 

Improvement:  Purchase  and  construction  of  a  municipal  parking  lot  m  the 
central  business  district. 

^™ent:FConSrLuon1oJ5ele»,e„tary  school  iu  Hortowest  Laurinburg. 

Recommended  Priority  3  -  1975 
Improvement:  Widening  of  West  Boulevard. 

1980 

Recommended  Priority  1  -  1980 

Improvement:  Purchase  of  a  35  -  100  acre  site  for  development  into  a  natural 
park  and  recreation  area. 
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